WORKHOUSES (IRELAND). 



RETURN to an Order of the Honourable The House of Commons, 

dated 24 February 1842 ‘,-for, \ 

RE1 URNS of the Items forming the separate Sums which the Irish Poor La ^ 
Commissioners borrowed from the Exchequer Bill Loan Commis- 
sioners for Erecting the Workhouses in Belfast, Londonderry, Castlederg, 
Strabane, Omagh, and Banbridge ; and of the Items of Expenditure’ 
specifying the Details of Expense in each case which have rendered necessary 
an Application for Advance on the original Loan. 



Poor Law Commission Office, Dublin,! 

19 March- 1842. / 



Arthur Moore , 

Chief Clerk. 



I.— BELFAST UNION. 



No. l. 



Estimate upon which the Commissioners’ Order to Borrow, dated 27th May 1839, 
was grounded. 

I £■ s. 



Purchase-money for workhouse site ------ 

Amount of contract for building the workhouse - 

Estimated cost of fixtures and fittings ------- 

Contingencies to be provided for, such as payment of the clerk of the works’ 
salary, legal expenses attending the conveyance of the site, and fees 
on the deed of security for the repayment of the loan, advertising, &c. 



2,131 - 

7.000 - 

1.000 - 



1,869 - 



Total Loan 

Amount realised under the Order to Borrow : 

Amount of loan, as above ------ 

— interest which accrued on the Exchequer Bills 

— premium ------- 



£. 12,000 - 



£. s. 
12,000 - 
276 11 
- 10 



d. 



d. 



Total Loan, Interest, and Premium 



£■ 12,277 1 1 



Summary of Expenditure. 



Site : £. s. d. 

Purchase-money ------- 2,130 12 4 

Rent - 57 44 



Building : 

Contract - -- -- -- - - 7,000 - — 

Contractors’ account for fittings, fixtures, and other works 
not included in the contract, and for which provision 
was made in the estimate for fittings, fixtures, and 
contingencies ------- - 2,707 3 5 

Ironmongery - -- -- -- - 94 69 



Minor Contingencies : 

Clerk of works - - - - - - 204 19 8 

Law costs - - - - - • - - - - 56 14 4 

Advertising - - - - - - - A ^ — 

Commission on sale of Exchequer hill - - - - 10 — 



£. 



d. 



9,801 10 2 



263 



5 



141. 



Balance in hand - - - 


12,252 11 10 
24 9 3 


Total £■ 


12,277 1 1 


A 


Observation 
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SUMS BORROWED 



BY THE IRISH POOR LAW COMMISSIONERS 



Observation by the Poor Law Commissioners’ Architect. 
jit, l „„„ ro ;ii y> P rpauired for the workhouse of the Belfast Union : 
th N °™mt d n ov“ded aS in b the estimator Contingencies having been sufficiently large to 
fiatuS and fittings, and o&r works charged on the loan. 

(signed) Geo. Wilkinson. 



cover the cost 
18 March 1842. 



II.— LONDONDERRY UNION. 



Estimate upon which the Order to Borrow, dated 12th July 1839, was grounded. 

. £. s. d. 



Item 1. 

- 3. 

- 4. 



Amount estimated for purchase of workhouse site - 
_ of contract for building the workhouse - 
Estimated cost of fixtures and fittings - 

contingencies, such as payment of the clerk or the 

works’ salary, law expenses, advertising, &c. - 

Amount ordered to be Borrowed - - 



725 - - 
6,780 - - 
800 - - 

395 - - 



8,700 - - 



Amount realised under the above Loan : 



Advance granted on the 14th November 1839 
Second advance granted on the 28th May 1840 

Interest which has accrued on Exchequer Bills 



- £.4,000 - - 

- 4,700 - - 


£. 

8,700 

62 


s. 


d. 




7 


2 


£. 


8,762 


7 


2 



No. 2. 



Summary of Expenditure. 



Site : 

Purchase money 

Interest thereon ------- 

Building : 

Contract for building the workhouse - - - " 

Instalments paid on contractor’s account for fittings and 
fixtures, &c. -------- 



Ironmongery - 



Contingencies : 

Clerk of works - 
Law Costs.: 

Crown Solicitor’s - - - 

Exchequer Bill Loan Commissioners’ So- 
licitor ------ 

Advertisement - 



£. s. d. 


£. s. d. 


762 5 10 




15 17 7 






778 3 5 


6,780 - - 




909 1 5 




7,689 1 5 




84 17 4 


7,773 18 9 


139 4 6 


70-6 




1 - - 








£. 


8,762 7 2 
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FOR ERECTING WORKHOUSES IN VARIOUS TOWNS IN IRELAND. 



No. 3. 

Account showing the further Amount ordered to be Borrowed. 

Builders’ Accounts : £. s . d. £. s. d. 

The amount of the contract for building was - - 6,780 - - 

The contractors’ account for fittings, fixtures, &c. 

amounts to------- - 1,656 1 5 

Total amount of contractors’ accounts - 8,436 1 5 

Paid to the contractors, as per foregoing statement - 7,689 1 5 

Balance due to the contractors, and to be provided by 

additional loan - -- -- -- -- - 747 _ _ 

Further Amounts proposed by the Board of Guardians to be Included 
in the Additional Loan : 

For a boundary wall around the site - - - - £. 400 - - 

For enclosing burial ground and manure yard - - 90 - - 

For stabling for guardians’ horses, &c. - - - - 70 - - 

560 - - 

1,307 - - 

Add, for fees on preparing further deed of security and other contingen- 
cies, and to make even sum, Exchequer Bills not being negotiated of 
less amount than 50 1. - - - - - - - - 93 -- 

Amount of further Loan ordered to be Borrowed - - - £. 1,400 - - 



No. 4. 

Observations by the Poor Law Commissioners’ Architect, specifying the Details of Expense 
which have rendered necessary an Application for a Second Loan. 

Item 1 . in Estimate No. 1 . 

Purchase of the Site : £. s. d. £. s. d. £. s. d. 

Amount paid for the purchase of the site 762 5 10 

— interest on above sum - 15 17 7 

778 3 5 

Amount provided by Loan, as per Estimate No. 1 . - - 725 - - 

Deficiency in Item 1 . of Estimate ----- - 53 35 

Item 2. — Building Contract : 

Observation. — The works performed in addition to 
those provided for by the contract are stated under the 
head of Contingencies, Item 4. 

— Item 3. — Fixtures and Fittings : £. s. d. 

Cost of 146 deal bedsteads, including rails, &c. 135 - — 

— grates for the several fire-places - - 22 7 — 

— stoves for the paupers’ day-rooms, in- 
cluding cast-iron tubing, &c. - - - 85 5 - 

Cost of boilers in the washhouse, kitchen, and 
probationary wards, including the brick- 
work, lids, curbs, and setting complete, 
and also the crane for raising food from 
the kitchen boilers _ - - - 201 - - 

Cost of 35 tables and 100 deal forms for 

paupers’ day-rooms, and dining-hall ” 105 15 — 

Cost of dressers in store-rooms, kitchen, &c. 16 17 2 

( continued) 

141. ' A 2 
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il’MS BORROWED BY THE IRISH POOR LAW COMMISSIONERS 



Item 3. — Fixtures and Fittings— continued. 

Lead Work : 

Cost of large pump for the well, the pump being of three- 
inch bore, with suction pipes and raising mam the 
deal cistern of 700 gallons capacity lined with lead, 
lead pipes from cistern to supply water to the boilers 
in tlie wash-house, and also to supply the kitchen 
probationary wards, yards, &c., together with cost of 
[he construction of two large rain-water tanks under 
ound _ _ _ - — ±. l5o 

Cost of baths in probationary ward - - 9 - 

— lettering the several doors throughout 

the building - - " - " J 

Cost of shelves in store-rooms - - ' ^ 

— the deal press in the surgery - - 9 

— the deal screen across dining hall 

the bell, a frame, and of erecting the 

same in the roof - “ " 

Cost of the bin for meal, nine feet long and 
three feet 10 inches high - - ' 

Cost of forming sparred shelves in clothes 
rooms, with brass-headed nails thereto, lor 
hanging up clothes - 

Cost of bell for the hall door 



Amount provided in Loan for Item 3. as per Estimate 
Deficiency in Item 3. 



34 7 
13 10 




Ol.erration.-fc greater cost for the ™ 

originally contem 
venienees having 
now executed. 



dated when the Loan was ouuuuw, ^ . 

seen provided which were not then intended or not intended to the extent 



Item 4. — Contingencies: 

Particulars of the Items forming the Account for Works performed in Addition to 
contained in the Contract. 



those 



For the alteration of the floors of the building m the 
dormitories, by which sleeping platforms were obtained, 
and the expense of bedsteads was saved {see Architect s 
Report to Poor Law Commissioners, m Sixth Annual 
Report) - • - - “ - £. 150 10- 

masonry (extra) m foundations of building 65 3 9 

Additional lead flashings to gables and gutters 58 19 9 

Erection of two additional shed buildings and 

enclosure for straw store - - -1375- 



Additional sewers to building, and on the 
building site, beyond those contained in the 
contract - - - - - _ 106 11 

Building additional privies in men’s and 
women’s- yards - - - “ - 81o 



Formation of four additional doorways in 
yards - 

Four additional sash frames to Infirmary 



Increase in number of ventilators over the 
stairs of main building - 
Adding double instead of single doors to 
kitchen and wash-house 



- - Adopted instead of cement 
included in the contract. 

- - Erected chiefly to provide 
additional store-rooms instead of 
placing any of the fuel, &c. in 
open yards, also to give in- 
creased covered areas to the in- 
mates of the establishment. 



* Observation . — The contract provides for a limited depth of foundations and if any 
extra depths were found to he required, beyond that speeded in ^ tte iMrease 

is to be paid for; and if there should he any diminution in the contract depths, the tot 
ference is to be deducted ; some parts of the foundations were of greater and other parts of 
less depth, than specified by the contract ; the difference in the whole extent being equal to 
this amount. 
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FOB ERECTING WORKHOUSES IN VARIOUS TOWNS IN IRELAND. 5 



Formation of potatoe bins, and shoot in 
store-room . - 

Four additional doors to passages 
Erecting two fire-places and angle chim- 
nies for rooms for schoolmaster and 
mistress, for which provision was not 
originally intended - 
Sixty-two pair of cast-iron ventilators - 
Two stone chimney pieces - 
Additional length of cast-iron gutters and 
down pipes to roof (beyond contract) 
Painting the wood-work of the two ad- 
ditional sheds, and additional door 
frames and jambs - - - 

Insurance of building from fire 
Making semicircular openings in idiot 
wards, additional ventilators in gables 
and in school-room, partition in mas- 
ter’s room, and minor works 



£. s. d. 

II 12 ~i 
7 11 2 

27 - - 
15 10 - 



106 16 1 



4 - - 

19 15 1 



30 17 9 



842 11 



11 i 



The amount borrowed for Contingencies, 

Item 4. ----- - 395 

Out of which has been paid — 

For clerk of works’ s ' 
salary - - 139 4 6 

For articles of iron- 
mongery, consist- 
ing of the locks, 
bolts, and hinges, 
supplied by con- 
tractor - - 84 17 4 

Cost of deed of con- 
veyance - 49 - 6 

Advertisements - 1 - - 



Interest on the Loan (minus law charges) 41 7 2 



Deficiency in sum provided for Item 4. as per Estimate j 

No. 1 . f. 162 4 10 



£. 



s. d. 



680 7 



1 



Summary of the foregoing Items. 



£. s. d. 

Deficiency in Item 1. - - - - - - - 53 35 

Ditto in Item 3. - -- -- -- 13 96 

Ditto in Item 4. - -- -- -- 680 7 1 

Total deficiency - - - - - - 



£. 



s. d. 



Particulars of the Sums proposed by the Board of Guardians to be included 
in the Amount of the Additional Loan applied for : 

£. s. d. 

For erecting a stable and piggery - • - - . - 70 - - 

Inclosing a burial-ground, and a manure yard - - 90 — - 

Erecting a boundary wall round the site, 10 feet high - 400 - — 

Add, charges of the Exchequer solicitors ------ 



560 - 
7 17 



Amount of Loan applied for, 1,400 1 . 

Observation .— Most of the additional works originated during the progress of the 
building, and were considered to be necessary for the convenience and order of the 
establishment; and if they had been originally included in the contract they would have 

occasioned 

141 . A 3 
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SUMS BORROWED By THE IRISH POOR LAW COMMISSIONERS 



occasioned precisely the same amount of outlay to the Union In the original plans of the 
Sines every effort was made to avoid an outlay beyond what was absolutely necessary ; 
vet a very small portion of the additional account arises from the omission of works in the 
contract inti specifications, and the total amount of the extra account is.much less than the 
oene.al cost of contingent works on contracts of the same extent. In this instance the 
frnount available out of the first Loan for contingent additional works is only 162 1. is. 10 d . ; 
and the arrangements are more extensive, and the subdivisions of the building tor classifi- 
cation are much greater than in the English workhouses. 

I'simed') Geo. Wilkinson. 



HI. — CASTLEDERG UNION. 



Estimate upon which the original Order to Borrow was granted. 



Item No. 1. I 


Purchase-monev of site of workhouse - 


£. s. d. 
16 - - 




Amount of contract for building the workhouse - 


2,100 - - 


— 3. 


Estimated cost of fixtures and fittings - 


200 - - 


— 4. 


Contingencies to be provided for ; as salary of clerk of 
works, legal expenses, &c. - 


284 - - 




Amount ordered to be Borrowed - - - £. 


2,600 - - 




Amount Realised under the. above Order. 

£. s. d. 


£. s. d. 


First rdvance on the Loan, made 19th December 1839 - 1,000 - - 
Secor.d advance on the Loan, made 6th August 1840 - 1,600 - - 

Interest which has accrued on the Exchequer Bills 


2,600 - - 
15 10 9 




Total Amount of Loan - - - £. 


2,615 10 9 



No. 2 . 

Summary op Expenditure. 



Site: 

Purchase-money 



Building : 

Contract - - - - - ~ “ £.2,100 - 

Fixtures, fittings, and additional works not included in the 
contract - - - - " - _ 287 — 

Ironmongery - - - - - 49 14 



Contingencies : 

Clerks of the works - ' - - - - _ - ■ - 

Law costs: Crown solicitor’s costs ' - £.19 17 4 

— Exchequer Bill Loan Commis- 
sioners’ solicitor - - - 15 15 — 



Advertising 



Printed image digitised by the University of Southampton Library Digitisation Unit 



£. s. d. 
15 7 6 



2,436 14 
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FOR ERECTING WORKHOUSES IN VARIOUS TOWNS IN IRELAND. 



No. 3. 



Account showing the Amount for which a Second Loan is required. 



Building contract - - - - - - '2,1 00 - - 

Contractor’s account for fittings, fixtures, &c. - - 739 15 10 



2,839 15 10 

Payment made to the contractor, as per foregoing account 2,387 - - 

Balance due to him - - -- -- -- -- 

— in hand, as per foregoing account ------ 

Additional sum required to pay the above accounts - 



452 15 10 
- 1 9 



452 14 1 



Add, amount taken from the contractors’ accounts to be applied in 
remedying defective works ------- 

— estimated cost of building boundary-wall and porch, as proposed 

by the Board of Guardians ------- 

— estimated cost of pointing and rough casting, and minor works - 



Contingent expenses, as preparing the deed of charges, &c. - - - 

Total Amount of Second Loan - - - £. 



26 4 - 

200 - - 
150 - - 

828 18 1 
21 1 11 

850 - - 



No. 4. 



Architect’s Statement of Items of Expenditure, which have rendered necessary an Appli- 
cation for an additional Loan. 



Item No. 1 in Estimate : 

£. s. d. £. s. d. 

■ Amount paid for purchase of site - - 1 5 7 6 

Ditto, costs of conveyance of do. 19 17 4 

35 4 10 

Amount included in original Loan for above - - 16 - - 



Amount of deficiency in Estimate, Item 1. 



19 



4 10 



Item No. 2. in Estimate: 

Amount of contract. {See Item of Contingencies.) 

Items Nos. 3. and 4. in Estimate : 

Fixtures, fittings, and contingencies, under which Estimates the following 
Works have been executed, namely : — 

The several grates, stoves, boilers, &c. in the kitchen, wash-house, and 
probationary wards ; the cisterns and lead pipes ; the bedsteads, tables, 
forms, dressers, shelves, and various other fittings ; the alteration of the 
floors for the construction of sleeping platforms ; the construction of a 
tank for spring water (at a distance from the building), with the lead 
pipe to convey the water to the cistern in the house ; the construction 
of deal floors in infirmary (at the request of the guardians), instead of 
the earthen floors contracted for ; additional work in store-rooms ; and 
formation of rooms for schoolmaster and mistress, not originally in- 
tended. 

Considerable additional walling in the foundations of the building, so as 
to raise the floors of the rooms ; this being found necessary on account 
of the ground being unfavourable. 

( continued ) 
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SUMS BORROWED BY THE IRISH BOOR LAW COMMISSIONERS 



Items Nos. 3. and 4. in Estimate— continued. 



- 15 15 - 



49 14 
1 11 



Leaving available for the contingencies 
in the building - 
Add, interest on the Loan - 
Sum available for payment of fixtures, 
fittings, and contingencies 
Deficiency in Items 3. and 4. ii 



i Estimate 



£. s. d. 
484 - - 



The total cost of the above works, and comprised m 
Items 3. and 4. in the Estimate, was - 
The amount provided in the Loan for 
Items 3. and 4. in the Estimate was - 
Out of which was paid for 

clerk of works’ salary £. 126 3 8 

Law expenses for deeds of 
charge- - 

For ironmongery, consisting 
of the locks, bolts, hinges, 

See. supplied to the con- 
tractor - 

For advertisements - 



290 15 10 
15 10 9 



Add to pay Mr. Gamble for remedying defective works in the building, 
which the contractor was liable to do under his contract, and the 
amount of which hadbeen deducted from the contractor’s account - 
Total amount of additional Loan required for the payment of engagements 
entered into under the building contract - 

Further Sums proposed by the Guardians to be included in the additional 
Loan now to be obtained, namely : — 

For building a boundary-wall round the site 
For rough cast covering the building, &c. - 
Provision for law costs ------ 



26 4 - 

478 18 1 



- £. 200 - 
150 - 
21 1 : 



Total Amount of additional Loan proposed to be obtained 



Observation. — The necessity for a fresh Loan has arisen from the inadequacy of the sum 
of 306 Z. 6 s. 7 d. included in the original Loan, for the payment of the fixtures and fittings, 
to the extent they have been executed ; together with the cost of works, as above enu- 
merated, which were not contained in the contract. 

(signed) George Wilkinson. 

18 March 1842. 



IV.— STRABANE UNION. 



No. l. 

Estimate upon which the Order to Borrow was grounded. 

Amount of contract for building the workhouse - - - - - 

Estimated cost of fittings and fixtures, &c. - 

Estimate for contingencies, such as payment of clerk of works’ salary, 
law expenses, &c. - -- -- -- -- 

Total Amount ordered to be Borrowed - - - 

Interest and premium which has accrued on the Exchequer Bills - 

Total Amount which has beeu realized under the Order tc 
Borrow 



£. 

6,835 

800 



£. 


8,300 - - 


- 


64 10 2 


>\ £ 

- r ■ 


8,364 10 2 



Printed image digitised by the University of Southampton Library Digitisation Unit 
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Summary of Expenditure. 



Compensation to tenant for giving possession 
Building Instalment : 

Paid contractors for building the workhouse 
Furniture - - - - - 

Ironmongery ------ 



Paid for Contingencies : 

Clerk of works’ salary ------ 

Advertisement -------- 

Drawing plan of site ------ 

Costs of Exchequer Bill Loan Commissioners’ solicitors 
Commission on sale of Exchequer Bill - 



£. 182 - 
1 11 



V.- OMAGH UNION. 



Estimate upon which the Order to Borrow was grounded. 

Amount of contract for building the workhouse - 

Estimated cost of fixtures, fittings, &c. ------ 

Contingencies to be provided for, as salary of clerk of works, law ex- 
penses, &c. - -- -- -- -- -- 

Amount ordered to be borrowed - - - - - - 

Amount of interest and premium which have accrued on Exchequer Bills j 

Total Amount realised under the Order to Borrow - - £. ! 



Summary of Expenditure. 

Site : 

Rent thereof from 1st November 1839 to 1st November 1841 



Building : 

Instalments paid to contractor 
Ironmongery - - - 



Contingencies : 

Clerk of works - - 

Law costs - 

Advertising - - - - 

Commission on sale of Exchequer Bill 



£. 6,800 - - 
- 85 9 11 



£. 145 14 10 

- 53 10 11 

- 2 10 - 
- - - 6 



£. 7,147 6 2 
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ERECTING WORKHOUSES IN IRELAND. 



VI.-BANBRIDGE UNION. 



Estimate upon which the Order to Borrow was grounded. 



Purchase-money of workhouse site - " “ “ ” ~ 

Amount of contract for building the workhouse 

Estimated cost of fittings and fatures, &c. - - - " ' I 

Estimated contingencies, as salary of clerk of works, legal expenses, . 
Amount ordered to be Borrowed - 

Interest which has accrued on Exchequer Bills " 

Total Amount which has been realised under the foregoing! £ 
Loan 



£. 


s. 


d. 


416 


4 


3 


6,300 


- 


- 


800 


— 


- 


483 


15 


9 


8,000 


- 


- 


94 


19 


5 


8,094 


19 


5 



No. 2. 



Summary of 



Site : 

Purchase-money - 

Interest on ditto ----- 

Building : 

Amount of instalments paid to contractor 
Ironmongery - 

Contingencies : 

Clerk of works - 

Law costs ------ 

Advertising - 

Drawing plan of site - 



Expenditure. 







£. 


s. 


d. 


£. 


S. 


d. 




_ 


- 140 


6 


3 












14 


17 


1 












— 


— 




155 


3 


4 






- 6,500 


_ 


- 












104 


— 


7 


















6,604 










- 171 


12 


7 






_ 


_ 


31 


10 


- 












2 


2 


- 












_ - 


7 


- 












— 


— 




205 


11 


7 










£. 


6,964 


15 


6 



Observations hy the Architect on;the Accounts relating to the Strabane, Omagh, and 
Banbridge Unions, respectively. 

There has not been time since the contractors’ accounts for these buildings were 
received, for their being duly examined and brought to a close. The precise amount ot the 
additional Loan that will be required in each case cannot be stated until the contractors 
accounts have undergone a strict examination in the usual manner, and the amount which 
may be due ascertained and certified. 

The items of works for which provision will be necessary in a second Loan, will be very 
similar to those detailed in the closed account for the Londonderry workhouse. 

(signed) George Wilkinson. 

18 March 1842. 
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WORKHOUSES (IRELAND). 



RETURNS of the Items forming the separate 
Sums which the Irish Poor Law Com- 
missioners Borrowed from the Exchequer 

the Workhouses in Belfast, Londonderry, 
Casttederg, Strabanc, Omagh, and Banbridge ; 



(Sir Edmund Iluyes.) 



5 April 184a. 



141. 



Under 9 0*. 
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